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MONTHLY  PROGRESS  REPORT  NO.  2 

Contract  No.  DA  18- 108- AMC- 228(A) 
Dynamic  Measurements  of  Protective  Masks 


•d 


This  report  covers  the  period  from  1  August  to  3  1  August  1963. 

General 

Mr  R.  J.  Redd  (Edgewood  Project  Officer)  visited  Spacelabs,  Inc.-  during  the 
las  week  in  August.  During  his  visit,  various  phases  of  the  program  wore 
discussed  in  detail  and  preliminary  plans  were  established  for  solving  the 
^problem  of  measuring  the  flow  rate  through  the  oronasal  mask. 


During  this  period,  Spacelabs,  Inc.  accepted  the  resignation  of  Mr.  Dale  Bredon 
who  was  the  assigned  Project  Engineer  for  this  contract,  Effective  September  1, 
.19,63,  project  responsibility  has  been  assigned  to  Mr.  Herb  Seal  who  is  Chief 
Project  Engineer  for  Spacelabs. 


Work  Performed  During  This  Period 

The  design  of  the  receiving  console  was  started  and  is  scheduled  for  completion 
by  13  September  1963,  All  parts  are  expected  to  be  on  hand  for  fabrication  of 
this  console  by  14  October  with  a  completion  date  planned  for  21  October. 
Spacelabs  expects  to  receive  the  GIrE  discriminators  and  tape  recorder  by 
'  14  October.  This  equipment  is  required  by  14  October  in  order  that  it  can  be 

y  integrated  into  the  receiving  console  system  prior  to  the  start  of  systems  tests 

(laboratory  and  field)  scheduled  to  start  on  21  October. 

The  Nema  Clarke  receivers  were  tested  for  susceptibility  to  spurious  radiations 

» 

and  it  was  determined  that  the  images  or  spurious  responses  occurred  21.4  mega- 
i"  cycles  away  from  the  center  frequency.  Based  on  these  tests,  it  was  determined 
l  that  spurious  transmitter  radiation  must  be  in  conformance  with  MIL- 1-26600 
!  and  that  the  center  frequency  of  each  transmitter  should  be  at  least  2  megacycles 

( 


-2- 


